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BILL NO. S-83-09- 


// 


SPECIAL ORDINANCE NO. 




AN ORDINANCE approving Change Order 
#1, Group 3 - Harrison Street - 
Res. 364-82, with Land, Inc., in 
connection with the Board of Public 
Works. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order #1, Group 3 - Harrison 

Street - Res. 364-82, with Land, Inc., in connection with the 

Board of Public Works for: 

The purpose of Change Order #1, Group 3 - 
Sewer Repairs, Harrison St., Res. 364-82, 
is to match the final contract price with 
the final installed quantities. DSR #'s 
044894, 044896 & 044895. Federal Emer¬ 
gency Management Agency Project. 

involving a decrease of One Thousand Two Hundred Eighty-Five and 
05/100 Dollars ($1,285.05), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works, and is by reference incorporated here¬ 
in, made a part hereof and is hereby in all things ratified, con¬ 
firmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 










Read the first) tdrie in full and on motion by 
seconded by C and dul^ adppta, 
by title and referred to the Committee 7 

Plan Commission for recommendation) an^Pjxbl.id_Hedring to be 'nejA after 
due legal notice, at the CouncrL-Chambers, City—County SuiTding, Fort Wayne, 
Indiana, on_ , the _day of 


nd time 

_(atad the City 

J}ejJ a 


zL 




at 


o 1 clock 






mM.,E.S.T. 
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Read the third 
seconded by_ 


full and on motion by_ 




passage. PASSED (LOSS?)"''by the following vote: 


and duly adopted, .placed on its 


TOTAL VOTES 

BRADBURY 


AYES 
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ABSTAINED 


eisbart 

GiaQUINTA 

SCHMIDT 

SCHOMBURG 

SCRUGGS 

STIER 

TALARICO 

DATE: 


c/ 




- CITY#CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (-30NS NG MAP) -eSENSRAT)-(ANNEXATION) (SPECIAL) 

(APP ROPRIATIO N) ORDINANCE (RESOTOTTONy NO. ~ 

on the _day of —— 


ATTEST: 




19 




(SEAL) 


CITY CL2TRK PRESIDING OFFICER 

Presented by me to the Mayor ofiO-the City of Fort Wayne, Indiana, on 


_day of 19 $3 _, at the hour of 

//’ c^° _o’clock .M. ,E.S.T. 




CITY*' CLERK 

^ Approved and signed by me this day of c. 3j /pTe^n. 

> e J^ , at the hour of_ & _o’clock A 


_.M. ,E.S.T. 
















































































CHANGE ORDER 
AUTHORIZATION FORM 
Group_3 - Sewer Repairs 

PROJECT: Harrison St. Resolution 364-82 CHANGE ORDER NO. 


•fe^S5-/o 

tyvsh 


DATE: 


August 17, 1983 


PAGE 1 ~ OF _2 


CONTRACTOR: LAND, INC. 


COST BREAKDOWN 


Item No. 

& Quantity 

Description 

Unit Price 

Increase 

Decrease 

1 thru 16 

DSR 044894 and 044896 









1 thru 4 

DSR 044895 





Modify final contract price to 
conform with final invoice nf 





June 3, 1983, copy attached, as 
part of this document 








NET 

$1,285.05 






















TOTAL INCREASE_ 


TOTAL DECREASE_ 


$1,285.05 


TOTAL CHANGE ORDER AMOUNT_ 


$1,285.05 


Original Contract Price $227,943.65 ___ 

Adjusted Contract Price prior to this Change Order $227,943.65 _ 

New Adjusted Contract Price, including this Change Order $226,658.60 _ 

The above project is ftx^Q^^^^^c^/decreased ^ the a ' bove amount of $_ 1,285, 05- 

and the calendar days for total project completion including this change order is 
increased/decreased by __ days. 


APPROVED BY: 



Title : Ag. Date: S 8*1? 
Title Date : $ 


J' . Pate: ^ /^£3_ 
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REASON FOR CHANGE 


Group 3 - Sewer Repairs 

PROJECT: Harrison St. Resolution 364-82 CHANGE ORDER NO. _*_ 

PAG E 2 _ OF 2 _ 

ITEM : 

Justification: Purpose of this Change Order is to match the final contract price 

with the final installed quantities. 


EFFECT ON OVERALL PROJECT: Scope & Operation, Maintenance 
N/A 


Project Engineer_ 




August 17, 1983 

































JECT: Group 3 - Harrison Street Sewer Repair 
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S-83-09-19 


BILL NO. 

REPORT OF THE COMMITTEE'ON CITY UTILITIES 

WE, YOUR COMMITTEE ON City Utilities _ to WHOM w AS REFERRED AN 

ORDINANCE_ approving Change Order #i. Group 3 - Harrison Street 

Res. 364-82, with Land, Inc., in connection with the Board of Public 
Works. 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE__PASS. 
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a/ 
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Admn. Appr. 

TITLE OF ORDINANCE Change Order #1, Group 3 - Sewer Repairs, 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 
SYNOPSIS OF ORDINANC E The purpose of Change Oder #1, G roup 3, - Sewer Repairs, Harrison 
_ St -> Res - 364-82, is to natch the final contra ct price with the final installed 

_ Quantities. Land Inc., Contractor. DSR -#'s 044894, 044896 ? T 044895. Federal 

• Emergency Management Agency Project. 


p n St-, Res. 364-82 





EFFECT OF PASSAGE T ° com P lete ?«ject 


EFFECT OF NON-PASSAGE 






MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 

Decrease $1,285.05 


ASSIGNED TO COMMITTEE 










































































